














1 BIL}, 1s 6-87-03"/7 OC 
2 SPECIAL ORDINANCE NO. s- S SLI 

3 AN ORDINANCE approving Change Order 

No. 2 for Woodhurst-Belmont Phase 

4 I, Res. 417-85, with All Star Con- 

struction, in connection with the 

5 Board of Public Works and Safety 

6 of the City of Fort Wayne, Indiana. 

7 NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 

8 OF THE CITY OF FORT WAYNE, INDIANA: 

9 SECTION 1. That Change Order No. 2 for Woodhurst-Belmon 
10 Phase I, Res. 417-85, with All Star Construction, in connection 
11 with the Board of Public Works and Safety, for: 

12 this is necessary because of the 
l following: Item 23 due to lowering 
13 of a 6" water main, creating unstable 
base for pipe. Item 24 due to 
14 unlocated 6" water main. Remain- 
ing items reflect actual difference 
15 between quantities used and bid 
quantities. Overall cost increase 
16 due to failed negotiations with 
property owners for rights of entry 
17 and subsequent easements. There- 
fore, sewer was relocated in right 
18 of way; 
19 involving a net increase of Twelve Thousand Six Hundred Fifteen 
20 and 86/100 Dollars ($12,615.86), all as more particularly set 
21 forth in the specifications, and which is on file with the Office 
22 of the Board of Public Works and Safety and is by reference incor- 
23 porated herein, made a part hereof, and is hereby in all things 
24 ratified, confirmed and approved. 
25 SECTION 2. That this Ordinance shall be in full force 
26 and effect from and after its passage and any and all necessary 
27 approval by the Mayor. 
28 
29 ere au 6 S O 
Councilmember 
30 
APPROVED AS TO FORM 
31 AND LEGALITY 
32 












Bruce O. Boxberger, City Attorney 

















time in full and on motion by 
and duly doptee, 
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due ieee notiLee, 
Indiana, on 





DATE: 






SANDRA E. KENNEDY, CITY CESR. 


Readycnesthir imeCin full and on motion by 
seconded by PZ , and duly adopted 
passage. PASSED ( by the following vote: 
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TALARICO Bie Rae i : E RA 
Brg oe LIF ues oa E 
: SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as (A > E 
(SPECIAL) {ZONING MAP) ORDINANCE 


on the oy 7 A day of 


AFTES 


y; 
Moe £ honed 
SANDRA E. KENNEDY, CITY CLERK - 


Presented by me to the Mayor of the Cit ort Wayne, Indiana, 


on the Vor day of J) bch? > bd ee 


at the hour of hk sare 









oe Sele 


SANDRA E. alas CITY CLERK 


Approved and signed by me this BLE day of V4 & 









“= any 
19 BA J at the hour of Sia o'clock eS ah E SSTT, 
A 





WIN MOSES, JR., MAYOR 


; LAAT 
‘ a Admn. Anpr. , 


TITLE OF ORDINANCE Change Order #2, for Res. 417-85, Woodhurst-Belmont, _ 





DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety /A-} 7-/f/2-/Q 


SYNOPSIS OF ORDINANCE Change Order #2 for Woodhurst-Belmont, Phase I, Res. 


417-85 is necessary because of the following: Item 23 due to lower- 








ing of a 6" water main, creating unstable base for pipe. Item #24 





due to unlocated 6" water main. Remaining items reflect actual 





difference between quantities used and bid quantities. Overall 





cost increase due to failed negotiations with property owners for 
ANE e a a E ani oN MES ET kOe ED NEA Se aaa MRR Sas < Biea Sa IS 

rights of entry and subsequent easements. Therefore, sewer was re- 
EEE ee ee ee gm en ee ee PON gee et ey 

located in right of way. All Star Construction is*the Contractor. 
NRT TALI” Ra TT SEER At RR SO SID AEE SA MIRE CEPT 7 a PA ON ERE E E 3 


ee a ae TRE eer ech ae Se ee ee ED leh Re ee A 
a a Re, ae eee 


a ee es ee ee eee 


ae a ENS wa ON IS oe RE ell SEL oe he es ee ae es ee 


EFFECT OF PASSAGE To facilitate completion of project. 


a a a ee ee ae iss ree 


BBE EET OFIN- PAS NE oc YO ea Rg Be a ee we ee 





MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $12,615.86 





LR A SER 


ASSTGNED TO COMMITTEE 


CHANGE ORDER 


Change Order No. 2 
Project No. 


Name of Project: Woodhurst Belmont Phase I 


Resolution No.__417-1985 
Board Order No. 193-85 


Date: 





TOs All Star Construction 
(Contractor) 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 

















Tem ER y] Description of Change |__| Change in Contract Price 
No. 


Total Decrease 


18,050.54 


Total Increase 






Net XDEOHOESE) (Increase) Contract Price 12,615.86 
The sum of $_12,615.86 is hereby (added to) (d 


and the final contract price shall be adjusted as follows: 


Original Contract Price 128,815.00 
Current Contract Price Adjusted by Previous Change Order 


- 3 J : $ 130,751.80 
New Contract Price including this Change Order $ 143,367.66 _ 


The time provided for completion in the contract for this project is (unchanged) (XXZZEXXKĚ) 
(PREK) by calendar days due to this Change Order. 


The date for completion 
of all work shall be 


. Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 


7 $ 


Recommended 






Chief Engineer 






/ 





Date 2-23-87 
Accepted by: Contractor Z ; 


Approved by: City Engineer 


Approved Gu s aoe Owner 
Ps AP, a 
CAL AQY / 





A : Hf : 
Attested e ELA A YA LA ZA AAA 


Change Order No. 2 

Resolution No. 417-1985 

Board Order No. 193-85 
REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change Item #23 due to lowering of a 6" water main, 


creating unstable base for pipe. Ite ly 
water main. Remaining items reflect actual difference between 
quantities used and bid quantities. Overall cost increase due to 
failed negotiations with property owners Ea rights of entry and 


subsequent easements. Therefore, sewer was relocated in right-of-way. 











Will proposed change alter size of the project: Yes No X 





If yes, explain 





Affect on operation and maintenance cost of this project: 











Project Engineer ~ 
Prema 4 4 aa 


ATTACHMENT TO CHANGE ORDER 
ee ee 


[tem Description of Change 


Change. in Contract Price 
No. Quantity - Description Unit Price Decrease | Increase 


1 | 0.5 L.F. | 36" RCP Class III 46.04 23.02 | 


2 16.0 L.F.| 30" RCP Class III 32.65 552.40 


3 5.5 LF. | 27" RCP Class III 









| 
59.5 Lek. 3272" CP Class IV 






20.15 | 1198.92 









| 
| 
7 | 2 EA. | Type V-A Manhole | 1459.03 2918.06 
8 | 2 EA. | Type II-A Manhole | 1459.03 | 2918.06 
9 H EA. | Type I-D Catch Basin | 967.24 | 967.24 
11 | 214.0 cY | #53-#73 Stone Special Backfill 7.98 | 1707.72 
12 avis SY | Concrete Removal 1.66 | | 365.20 


13 | 145.8 SY | 7" Concrete Pavement 18.50 | | 2697.30 
14 ae SY Seed, Mulch, Fertilizer, Incl. Topsoil | 0.40 | 1354.40 

16 re SY Asphalt Wedge and Patch 7.00 280.00 

17 A SY Asphalt Drive Replacement | 12.00 

OR BES a We, cs een om epee rece ee Re Re Re cee iad 


| 
| 
| 636.00 
| 


18 1453 L.F. | Lawn Sprinkler }" - 2" | 3.00 1359.00 





22 56 SY Concrete Drive Replacement 


1064.00 





A-1 a EA. C.F.W. Standard Inlet | 550.00 : 550.00 
4-2 |380 SY Sodding ; | 1.85 703.00 


Total Decrease 
OE On edness.) eae eS 


Total Increase | 


Net (Decrease) (Increase) Contract Price | 
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ATTACHMENT TO CHANGE ORDER 


ips 
- 
7 
5 


Decrease 


l 
(n 
iO 


De 
No. Description mit Price 


LS: Place 6" Water Main Through 6x6: Box 











TE Pe |Description of Change | 


1784.10 


N 
S 


2100.00 


Total Decrease 5434.80 


Total Increase 18050.54 


(BK) (Increase) Contract Price 12615.86 
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BILL NO. S=8 7-—03=1L0 


CITY. UTILITIES 


REPORT OF THE COMMITTEE ON à 
e E R E e T T 


CITY UTILITIES T 


WE, YOUR COMMITTEE ON O WHOM WAS 





REFERRED AN (ORDINANCE) (RESOEGPI6RS. approving Change Order 


No. 2 for Woodhurst-Belmont Phase I, Res. 4 / =O 5%. WEGE ATI Star ; 
ea aO ase I, Res. 417785, with All Star 
Construction, in connection with the Board of Public Works and 
__Safety of the City of Fort Wayne, Indiana pa ae 
SPL See MPR, Se gg eee SE ee a ee eae 
Peer renee ge Eh ks io oD 


Seta i a O 
e a a ratte ere Sa ee a 


HAVE HAD SAID (ORDINANCE) (RESOEUGLYON) UNDER CONSIDERATION AND BEG 
+ 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESOKUXXKONK 





YES. NO 


EA S. —ee€-2_ CHARLES B. REDD 
CHAIRMAN SST et a 


PAUL M. BURNS 
VICE CHAIRMAN Ay ah a Ee ga aha ee ae 


THOMAS C. HENRY 
BEN A. EISBART 


SAMUEL J. TALARICO 
: ERS he A DES, So SN ae a eM Se oR 


SANDRA E. KENNEDY 
CITY CLERK 





czy 


